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CONSTRUCTION SAFTEY 


CONSTRUCTION 4 WEEK SCHEDULE — STARTING WEEK OF JUNE 27TH, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 
CONSTRUCTION ACTIVITIES: 
- Building A — Installation of New Temporary AC Equipment on the Sidewalk Along Grove ED ee 
Street (See Public Impact Below) 
- Building E— Complete Foundations and Backfill 
- Building E — Continue Structural Steel 
- Salt Shed — Complete Foundations and Start Install of Structure 
-  Sitework — Complete Installation of New Retaining Wall 
PUBLIC IMPACTS: 


- Jersey Barriers will be used to direct traffic along Grove Street with install of new temporary 
AC equipment mentioned above 


- During sitework, trucks will be entering and leaving the site regularly. 
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Arlington DPW Facility 
Project Photos — June 2022 


Photo # 2 — Building A Window Installation in Progress (6/7/2022) 
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Arlington DPW Facility 
Project Photos — June 2022 


Photo # 4 — Foundations and Footings in Progress (6/13/2022) 
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Arlington DPW Facility 
Project Photos — June 2022 


Photo #6 — Sitework in Progress (6/16/22) 
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